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Message Text 

UNCLASSIFIED 

PAGE 01 NOUAKC 00161 270910Z 
ACTION FBOE-OO 

INFO OCT-01 AF-08 ISO-OO ( ISO ) W 

271810Z 071121 /21 

R 261740Z JAN 77 
FM AMEMBASSY NOUAKCHOTT 
TO SECSTATE WASHDC 6900 
INFO AMEMBASSY ABIDJAN 

UNCLAS NOUAKCHOTT 161 

DPT FOR A/FBO AND AF/EX 

ABIDJAN FOR RSO 

E.O. 11652: N/A 

TAGS: ABLD, AFSP, ASEC 

REF: (A) NOUAKCHOTT 0014, (B) STATE 004155 

1 . FURTHER EXCAVATION ALONG BASE OF EAST PERIMTER WALL, WITH 
BRACING, HAS REVEALED NEW PROBLEM WHICH NECESSITATES REMOVAL 
OF OLD WALL. 

2. THERE IS NO STEEL IN THE WALT .FOUNDATION SILLS; THE SILLS 
ARE NOT PRT NOT TIED INTO THE SUPPORT UPRIGHTS; THE SILLS DROP 
AND SLIDE AS SOON AS SAND IS REMOVED , BREAK UP (DUE TO ABSENCE 
OF STEEL RODB) AND LET THE CINDER BLOCKS DROP. 

3. HAVE THEREFORE GIVEN GO-AHEAD TO CONTRACTOR TO DEMOLISH 
3-4 SECTIONS OF OLD WALL AT A TIME AND REPLACE WITH THE NEW 
WALL. A TEMPORARY WIRE FENCE WIL BE INSTALLED ALONG EACH 
DEMOLISHED PORTION TOGETHER WITH A PLYWOOD FACING. IN 
ADDITION, A SPECIAL STATIONARY NIGHT GUARD IS BEING 
PROVIDED BY THE CONTRACTOR TO STAY AT THE BROKEN 
PORTION OF THE WALL. 
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Decaption Date: 01 -Jan-1 960 12:00:00 am 

Decaption Note: 

Disposition Action: n/a 
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Disposition Comment: 
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Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1977NOUAKC00161 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: n/a 

Expiration: 

Film Number: D770030-0124 

Format: TEL 

From: NOUAKCHOTT 

Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1977/newtext/t1 97701 16/aaaaaodd. tel 

Line Count: 56 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 
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Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 77 NOUAKCHOTT 14, 77 STATE 4155 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 29-Sep-2004 12:00:00 am 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 
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Secure: OPEN 

Status: <DBA CHANGED> mcm 20041206 
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